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Message Text 


UNCLASSIFIED 

PAGE 01 NAHA 00441 161155Z 

45 

ACTION EA-10 

INFO OCT-01 ISO-OO RSC-01 DRC-01 /013W 

007637 

R 160822Z OCT 74 
FM AMCONSUL NAHA 
TO SECSTATE WASH DC 1522 
INFO USIA WASH DC UNN 
AMEMBASSY TOKYO 

UNCLAS NAHA 441 

E.O. 11652: N/A TAGS: SCUL, JA 

SUBJECT: OCEAN EXPO 75 

USIA FOR ICS/E CLARKE FROM BEACH 

TOKYO FOR HAWKINS 

REF: STATE 221569 

1. YOUR ITEM 1 AND 2, NOTED INFO PASSED TO KAMIYA. 

2. YOUR ITEM 3, DUE TO HOLIDAYS HERE DID NOT GET MESSAGE UNTIL 
AFTER YOUR 10TH MEETINGS NY, HOWEVER BELIEVE SHOULD CONTACT BOTH 
HERTZ AND AVIS NY FOR FREE OR REDUCED RATE LEASES. BEACH CAN 
CONTACT SIMULTANEOUSLY OKINAWA AND BOTH IN TOKYO BY PHONE. AVIS 
HAS REP NAHA, MITSUBISHI RENTAL CO., LTD. 

3. HAD MEETING TWA REP HERE. HE ADVISES POSSIBILITY TICKETS FOR 


PAGE 2 RHAIBQA4831 UNCLAS 

GUIDES THROUGH U.S.T.S. COOPERATION. AIRLINES ALLOWED QUOTA OF 
GRATIS TICKETS FOR PROMOTION OF TRAVEL TO US. HE THINKS U.S. 

PAVILION PERSONNEL MIGHT QUALIFY. 

4. YOUR 224472 ITEM 1. SEE U.S. MODIFICATION PLAN 203,204 EXTRA 
FOUNDATIONS FOR RAMPS MEZZANINES, PLATFORMS, ETC. ALL IN NO WAY 
RELATED TO ORIGINAL CONFIGURATION KAMIYA BLDG PLAN AND LOCATIONS 
ACTUAL BUILDING FOOTINGS. CORES WERE DONE BY ASSOC FOR BLDG, NOT FOR 
ADDITIONAL FOUNDATIONS IFIDE. PATTERN CORES FROM WHICH LOCATION 
BEDROCK TOTAL AREA CAN BE INTERPERLATED NOT POSSIBLE IN IRREGULAR 
CORAL ROCK SUBSURFACE. CORES MUST BE DRILLED EACH LOCATION OR 
MF.RFT .YF.XCAV ATF.D UNTIL HIT CORAL ROCK. LATTER DONE FOR U. S. MODIFICAT 
ION 

FOOTINGS, THEN CUBIC OF POUR UP TO BOTTOM OF UPRIGHT BEAM IS CALCU- 
UNCLASSIFIED 

UNCLASSIFIED 
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LATED, EACH HOLE BEING DIFFERENT. ELONGATION OF STEEL UPRIGHTS IN 
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EACH CASE TO PENETRATE DOWN THROUGH SLAB TO A NORMAL THICKNESS 
FOOTING MEANT WAITING UNTIL ALL HOLES DUG THEN ORDERING VARIETY OF 
LENGTHS ABOUT 40 STEEL UPRIGHTS, COSTING MORE IN STEEL AND TIME. 

STEEL ORDERED PER KAMIYA U.S. NO.206. STEEL ORDER DONE PRIOR EXCAVA- 
TIONS. IF CORES DONE EACH U.S. MODIFICATION FOOTING, COST NEARLY 
AS MUCH AS ADDITIONAL CONCRETE AND BARS. ABOVE CONFIRMED MEETINGS ON 
SITE OCT 1 1 IN PRESENCE HOFFMAN AND HIS ENGINEER, RETAINED ONE DAY 
CONSULTING SERVICE. 
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5. YOUR 224472 ITEM 5, WILL HAVE SHIMIZU PROPOSAL COST BREAKDOWNS 
AND SCHEDULE THIS WEEK. HAVE FURTHER NEGOTIATED AQUARIUM COST 
APPROX. ONE MILLION YEN LESS THAN BEACH QUOTE ITEM 3, 

NAHA 427. 

6. YOUR 224472 ITEM 8, NOTIFY BARSKY GET INTERNATIONAL 

DRIVERS LICENSE BEFORE DEPARTURE STATES. ALL OTHERS EXPECTING DRIVE 
SHOULD DO SAME. SECURING LOCAL LICENSE COMPLICATED, TAKES SEVERAL 
WEEKS. 

7. YOUR 224471 ITEM 1, EXPECT HAVE ANSWER BY TOMORROW WILL ADVISE 
ASAP. ITEM 2, TOTAL FOR ALL MODULES INCLUDING FILTER AND WATERFALL 
PUMP 200 KVA 170 KVA FOR EXHIBIT MODULES. WILL HAVE CAPACITY TO 
EACH MODULE TOMORROW, WILL ADVISE ASAP. 

ITEM A. NO, NOT FOR EXHIBITS AND EXHIBIT LIGHTING USE. WILL 
BE STUBBED TO PULL BOX. U.S. MUST INSTALL. 

ITEM B. NO. LOCATION ASSOC PANELS FOR FCUS, FANS, EMERGENCY 
LIGHTS SEE 338,339,340. 

ITEM C. NONE ON EXHIBIT CIRCUITS EXCEPT FILTERS AND WATERFALL RE- 
QUIUNG TOTAL 27 TO 30 KVA LEAVING NET 170, 173 KVA FOR ALL EXHIBITS. 
ITEM E. 323 WIRING PLAN IS FOR U.S. EXHIBIT PER GERSON ORIGINAL 
REQUIREMENTS. 336 IS ASSOC. CIRCUITS FOR FCUS EMERGENCY LIGHTING, 

PA, ETC. 


PAGE 4 RHAIBQA4831 UNCLAS 

ITEM 4. 338, 339, 340, ARE ASSOC. CIRCUITS FOR FCUS, ETC. CIRCLE 
SYMBOLS ARE FCUS. 325 TO 327 EXHIBIT CIRCUITS. 328, 329, 330 
TELEPHONE CONDUIT, NOW ELIMINATED EXCEPT ADMIN MODULE. 
UNCLASSIFIED 

UNCLASSIFIED 
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ITEM 5. 200 KVA EXCLUDES AIRCONDITIONING EMERGENCY LIGHTING, PA, 
ALARM ETC. 

N.S. 1, WHERE SHOULD WATER SUPPLY LINE AND DRAIN STUB UP IN MODULE 
5. WILL REDUCE DRAIN LINE TO APPROX 4" RATHER THAN 8" APPARENTLY 
SPECIFIED BY GERSEN. 

N.S. 2, HAVE BEEN ADVISED BY ASSOC. NO CHILLED WATER SUPPLIED BE- 
TWEEN 10 P.M. AND 9 A.M. DURING EXPO. 

N.S. 3, FURTHER ADVISED MAIN LINE SEWER NOT CONNECTED WITH MOTUBU 
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SYSTEM UNTIL END APRIL. IF OCCUPY SITE PRIOR, MUST SET UP PORTABLE 
FACILITY. 

N.S. 4, ASSOC. ADVISES WILL NOT BE SUPPLYING CHILLED WATER UNTIL 
APPROX 30 DAYS BEFORE OPENING WHEN WILL BE DOING TESTING OF SYSTEM. 
THIS CONTRADICTORY TO JUNE 1 AGREEMENT. 

N.S. 5, HAVE HEARD AND WILL CONFIRM ALL FIRE ALARM AND HOSE BOXES 
INTERIOR BEEN ELIMINATED BY ASSOC. WILL BE OUTSIDE. 

N.S. 6. ASSUME YOU AWARE 321 ELIMINATED AND CONTROLS FCUS NOW IN 
EACH MODULE. 
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N.S. U. PRESENT MODIFICATION ESTIMATE Y185M DOES NOT INCLUDE PLAZA 
DECKING SUPPLY OR INSTALLATION; OUTSIDE SPECIAL SHIP LAMPS MOUNTINGS; 
FLAGPOLES; INTERIOR PARTI WALLS COMGEN OFFICE, KITCHEN BAR OR COUNTER 
IN ADMIN; SUN SCREEN UPRIGHTS OR COVERING; OUTSIDE SEATING MATERIAL; 
SECURITY STORAGE M 1. DOES INCLUDE SUN SCREEN ANCHORS, OUTSIDE PRO- 
TRUDING SEATING BARS, BUT LATEST RPG PLAN INCREASED THIS SOMEWHAT 
FROM ORIGINAL. IS BEACH CORRECT IN THAT ABOVE EXCLUDED ITEMS, EXCEPT 
ADMIN INTERIOR, TO BE COVERED IN EXHIBIT INSTALLATION CONTRACT. 


FURNESS 


UNCLASSIFIED 


NNN 
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